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Message Text 


UNCLASSIFIED 

PAGE 01 TOKYO 08158 210405Z 
15 

ACTION EA-07 

INFO OCT-01 ISO-OO EB-05 RSC-01 DRC-01 /015W 

102240 

P 210255Z JUN 74 
FM AMEMBASSY TOKYO 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 2780 

UNCLAS TOKYO 8158 

FOR COMMERCE OIMAVELCH 

E.O. 11652: N/A 
TAGS: BEXP, JA 

SUBJECT: USTC REFURBISHMENT 

1. SIX CONSTRUCTION CONTRACTORS SUBMITTED FOLLOWING BIDS FOR 
PHASE ONE USTS REFURBISHMENT: 

NOMURA $187,071 

OKURA KOGYO $177,673 

SHOKO BIJUTSU $174,222 

TOKYU CONSTRUCTION $172,214 
HAKU SUISHA $140,686 

TANSEISHA $120,791 

TANSEISHA DISQUALIFIED DUE TO UNRESPONSIVE BID. ITEMIZED 
COSTS SUBMITTED DID NOT REFLECT COMPREHENSION DRAWINGS AND 
SPECIFICATIONS. NEXT LOWEST BID BY HAKUSUISHA REDUCED TO 
106,215 DOLLARS BY SUBSTITUTION SOME US. SUPPLIED EQUIPMENT 
AVAILABLE LOWER COSTS. 

2. ALTHOUGH NOT PROGRAMMED PHASE ONE PLANNING, TC DISTEFANO 
WISHES INCLUDE PORTION PHASE TWO ELECTRICAL WORK IN CONTRACT 
FOR 14,338 DOLLARS MAKING TOTAL CONTRACT SUM 120,553 DOLLARS. 
ALL DOLLAR FIGURES BASED YEN 280 EQUALS $1.00 

3. REQUEST AUTHORIZATION ASAP AWARD CONSTRUCTION CONTRACT 
TO HAKUSUISHA IN AMOUNT OF 120,553 DOLLARS (4A PLUS 4K BELOW). 
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4. FYI, TOTAL USTC FUNDS AVAILABLE FOR PHASE ONE USTC 


Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


REFURBISHMENT ARE 184,114 DOLLARS. OBLIGATIONS MADE THUS FAR 
AND PLANNED OBLIGATIONS AGAINST THIS AMOUNT LISTED BELOW: 

A. CONSTRUCTION CONTRACT, PHASE ONE $ 1 06,2 1 5 

B. ARCHITECTS CONTRACT 15,600 

C. CARPETING LOCAL STAFF OFFICES 1 ,945 

D. PANELS, MERO SYSTEM 30,692 

E. LETTERING, EXHIBIT SYSTEM 807 

F. FURNITURE FROM TAIPEI 4,974 

G. FURNITURE PLACED FROM TOKYO 5,536 

H. MERO METAL REFURBISHMENT 1 ,674 

I. ACCESSORIES, EXHIBIT SYSTEM 857 

J. FILE CABINETS, UMBRELLA STANDS 1 ,476 

K. ELECTRICAL WORK 14,338 

TOTAL $184,114 

5. ADD TO ABOVE FOLLOWING U.S. FUNDED PURCHASES: 

A. STACKING CHAIRS $4, 152 

B. HERMAN MILLER U.S. FURNITURE 

(U.S. FUND OBLIGATION) 7,1 18 

TOTAL $11,270 

6. GRAND TOTAL PHASE ONE U.S. AND JAPAN 

OBLIGATIONS $195,384 

SHOESMITH 
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